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CONFIDENTIAL 

PAGE 01 ROME 15228 201757Z 

73 

ACTION OC-05 

INFO OCT-01 EUR- 1 2 ISO-OO CCO-OO SY-05 FBO-02 A-01 /026 W 

053551 

R 201720Z OCT 75 
FM AMEMBASSY ROME 
TO SECSTATE WASHDC 3740 
INFO AMEMBASSY BONN 

CONFIDENTIAL ROME 15228 

E.O. 11652: XGDS-2 
TAGS: ACOM, ASEC 

SUBJ: SHIELDED ENCLOSURE AIR CONDITIONING RETROFIT, SEBEE 
PROGRESS REPORT, AMEMBASSY ROME 

DEPT FOR OC/PE; ALSO PASS OIC, NSU (SEABEES); BONN FOR RCO 

1. A/C CHILLER UNITS AND MATERIAL ARRIVED 10/8/75. CHILLERS 
IN PLACE ON TOP OF EMBASSY GENERATOR ROOF, AS AGREED BY 
EMBASSY. INVENTORY OF MATERIALS RESULTED IN SOME ITEMS MISSING. 
SEABEE TEAM IS UTILIZING EXTRA MATERIALS FROM TCU INSTALLATION. 
NO NEED TO ORDER MISSING ITEMS. 

2. PVC PIPING IS COMPLETED TO ENCLOSURE. ELECTRICAL CON- 
DUIT IS 50 PERCENT COMPLETE FROM CHILLER UNITS TO GENERATOR 
ROOM. WE ARE NOW INSTALLING A MOUNTING FRAME FOR STEP-UP 
TRANSFORMER WHICH HAS BEEN PURCHASED LOCALLY. EMBASSY 
VOLTAGE IS 220, A/C CHILLERS ARE 380 VOLTS. FUND CITE FOR 
ETHYLENE GLYCOL RECEIVED AND 22 GALLONS PURCHASED. 

3. AIR HANDLERS HAVE BEEN ELECTRICALLY CONNECTED. PROTRUSIONS 
HAVE BEEN INSTALLED. COPPER PIPING TO AIR HANDLERS WILL BE 
COMPLETED 10/20/75. 

4. ENTIRE A/C SYSTEM SHOULD BE READY 10/23/75. 

PREPARATIONS FOR REMOVAL OLD A 1C SYSTEM HAS BEEN ARRANGED 
WITH EMBASSY. COMPLETION FOR A/C INSTALLATION WILL 

BE 1 0/31/75. VOLPE 
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